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GENERAL. - - - 

submission m chiefs of major components 

REQUIREMENTS FOR PROGRAM SUBMISSIONS 


1. GENERAL 

This Reg ulat ion prescribes standards and procedures governing tbe 
submission of programs to the Project Review CcoBaittee. 

2* SUBMISSION BY CHIEFS OF 

activities .re 

lic eieratliil £t£itie», .hall .nitalt 

the Recording Secretary of the Project Review Ccraoittee beginning ot 
later to -fe e secon d week in April each jeer* 

b. 0 Mm M ttW'ZSuvuMuto th elr designees shall joardimte with ttte 
Recording Secretary of the Project Review Casmittee in order that pro 
grams way be submitted at such intervals as will ensure a program being 
available for Committee consideration each week. 

3. RiqUXHEWffflTS FOR PROGRAM SUBMISSIONS 

Programs shall be svtaitted to the Project Review Ceranittee in accordance 
with the following requirements: 

a. Projects which previously have tjeen considered by ^J*g2^/52S 
Committee and approved, by the Director of Central Intelligence shall 

be identified and described briefly, including: 

(1) A statement of authority. 

( 2 ) A statement of objective (s). 

< 3 ) p, statement of estimated personnel, training, and materiel 
requirements. 

( 1 ^) a statement of estimated total coat} and 

f 5 ) xf any major variation is contaaplated, details of the planned 
wdiftcation, including detail. <* “V ^or .dumse. enich ^ 
been aatharited ral pot into effect daring the past fiscal year. 
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"be pat into operation until specific approval is recommended by the 
Cctiwittee, and the Director has approved. 

m* Projects to be discontinued daring the fiscal year fear which the program 
is submitted shall be described briefly and the reasons far discontinu- 
ance given in sufficient detail to enable evaluation of the issues 
involved, 

f * Bata regarding Contingency Fund requirements shall be submitted as 
follows: 

(1) Beta baaed on specifically anticipated incidents or vell-forssulated 
intentions shall be supported by all available detail for each item. 

(2) Additional amounts for unanticipated requirements shall be stated 
separately and identified. 

(3) Requirements for the following shall be identified and Justified 
by as much detail as is available: 

(a) Targets of opportunity. 

(b) Project development . 

(c) Other operational activities. 


FOR TM DIRECTOR OF CENTRA!, UTOLLXGHKCEi 


b. New projects which have been ccagt letely formu lated shall be submitted 
In fun detail in compliance with^HH^H 

c. New projects which have not been f ormulated to a degree asking it 

feasible to comply shall bo presents with as much detail 

m is available. 

d. New projects described in paragraph c inssediately above which are in an 

amount in excess of $25 ,000 shall be submitted to the Committee in the 
full detail required by as soon as is feasible and shall sot 
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